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BILL NO. S-92-01- F. 
SPECIAL ORDINANCE NO. 22 
AN ORDINANCE approving Change Order Мо. 
1 AND FINAL, RES. 465-91, BROOK DRIVE 
STORM SEWER EXTENSION with BERCOT, INC. 
in connection with the Board of Public 
Works of the City of Fort Wayne, Indiana. 
NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 
SECTION 1. That Change Order No. #1 AND FINAL, RES. 465- 
91, BROOK DRIVE STORM SEWER EXTENSION with BERCOT, INC. in 
connection with the Board of Public Works and Safety, for: 
is necessary because (A) Line reduction 
due to dispute over easements; (B) 
Additional pavement work required; 
involving a net increase of Eight Hundred Thirty-Five and 
no/100 Dollars ($835.00), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works and is by reference incorporated 
herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 


Lise hl hey 
Member 


Council 


necessary approval by the Mayor. 






APPROVED AS TO FORM 
AND LEGALITY 


DE M 


J. Timot cCaulay 


s | RECEIVED DEC 1 01891 


г. CHANGE ORDER Contract No. 465-1991 
Change Order No.#1 and FINAL Resolution No. 465-1991 


Name of Project: BROOK DRIVE STORM SEWER EXTENSION B.O. No. 183-1988 








To: BERCOT, INC. 





Date: 20 NOVEMBER 1991 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and specifications: 


DESCRIPTION OF CHANGE 
DESCRIPTION UNIT PRICE 


$17,071.60 
$ 835.25 


The sum of $835.25 is hereby added to the total contract price and the final contract price shall 
be adjusted as follows: 








Original Contract Price $ 49,630.10 
Current Contract Price Adjusted by Previous Change Order(s) $ 49,630.10 
New Contract Price Including this Change Order $ 50,465.35 


- 


The time provided for completion in the contract for this project is unchanged due to this Change 
Огаег. The date for completion of all work shall be unchanged. Furthermore, this document shall 
become an Nd) to the contract and all provisions of the contract shall apply hereto. 
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~ Е éceptéd | E | RO DH _ 7 he, Sortractor паВЕС 1 0 1991 
ORT WAYNE, INDIAN? 2095 E» — 
Approved foo. =. А > Director Water Resources Date /2-/0-9/ 

Лао 

Approved by: "Wed L чай: City Engineer Date | 2-13 -N 








ЛД 
LD 
Attested b LL PAX, 


А Ze 2 





PPP" Date / >и ELF / 


FUGO 
DEPEN 


TE TER REMLIVEN ПЕС 1 071997 
\- E ATTACHMENT TO CHANGE ORDER 
. BROOK DRIVE STORM SEWER - RESOLUTION 465-1991 
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||  oseeememoworcwcs | | chance conraacr pice | 
DESCRIPTION | uurrnce | oecrease | wonease | 
2 15" PVC SDR 35 SEWER PIPE | 1вео | 7,204.40 Po 
18" PVC SDR 35 SEWER PIPE 197.00 Po 
L ze | MANHOLE TYPELA аавд 
тел | MANHOLE TYPELG 1238.00 | S | 
| ea | muer tyres молво 
7 SPECIAL BACKFILL #53-#73 
8 136 SY | PAVEMENT REPLACEMENT 55.10 
SEED AND MULCH 

| 
6" REPLACEMENT 
| zea | or tars 


6" CLEANOUT 












ITEM 










7,493.60 || 
260 | — | 
40.00 
pS | 








300.00 


REPAIR PIPE ANN HACKLEY 









17,071.60 


TOTAL DECREASE 





TOTAL INCREASE 


TOTAL INCREASE IN CONTRACT PRICE 








1. 


Change Order No. Lan ind EINAL 
Resolution No. 4 465-1991 _ 
~" Board Order No. >. 183-1988 _ 


REQUEST AND IFICATI IF Ri IAN an E 





Necessity for change: | 





work r 

















Will proposed change alter sizeof the project? E 17775 МөѕЅ x No 


If yes, explain 





Affect on operation and maintenance cost of this project: 


N/A 




















Ray Wigfield 





Read the-£irst time in full and on motion by x ' 
seconded by < уул , and duly adepted,,read &ће second ihe by 
title and referred to the Committee on 222 J A Ре, ` (and the 

City Plan Commission for recommendation) and P&blic Hearing t9 be held after 


due legal notice, at the Common Council Conferen City-County 


Building, Fort Wayne, Indiana, on , the , day 
E.S.T. 


of , 19 , at o'clock M., 
7 
DATED: )-/t- ES pu T henoret. 
3 , 
Read the third time in full and оп motion Бу het , 
seconded by , and duly adopted, placed on its Massage. 
L 


> 
PASSED by the. following vote: 
















AYES NAYS ABSTAINED ABSENT 


TOTAL VOTES 7 | „2 


BRADBURY a 

EDMONDS | n 
GiaQUINTA 
HENRY 

LONG 

LUNSEY 

RAVINE 


SCHMIDT 


TALARICO eT NENNEN 
ню Leah pn, АЕ ла 


SANDRA Е. KENNEDY, CITY CLERK : 


Passed and adopted by the Common Council of the City of Fort Wayne, 


RR A 


(GENERAL) 


of RA 


(SPECIAL) (ZONING) о АМСЕ RESOHUTFTON- NO. 


on the Onl day of пи bm 0 2.19 Foz ) 
. ЗА ам 


ATTEST: Giz 


SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 





Indiana, as (At Е TION 








MI 


Presented by me to the Mayor of the ity of Fort Wayne, Indiana, 2,7 
, 


e с, 
the SIL , 19 
at the hour of LA o'clock - QM., E.S.T. 


SANDRA E. KENNEDY, CITY CLE 
Approved and signed by me this 2 d. day of Mores А 
19 yL, at the hour of Sop o'clock \ e. E.S.T. 


М. 


PAUL HELMKE, MAYOR 





BILL NO. 5-92-01-27 
REPORT OF THE COMMITTEE ON CITY UTILITIES 
JANET G. BRADBURY, CHATRWOMAN 


SAMUEL J. TALARICO, VICE CHAIRMAN 
LUNSEY, LONG, GiaQUINTA 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESBEETXENX approving Change Order 


No. 1 AND FINAL R S. 465-91, BROOK DRIVE STORM SEWER EXTENSION 
with BERCOT, INC. in connection with the Board of Public Works 


of the City of Fort Wayne, Indiana 
HAVE HAD SAID (ORDINANCE) (RESGEUTEIQN) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RESOLUTION) 


"DO PASS DO NOT PASS ABSTAIN NO REC 





DATED: Jab fol) ^ 


Sandra E. Kennedy 
City Clerk 


Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1 and Final, Res. 465-91, Brook 
Drive Storm Sewer Extension 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works 

SYNOPSIS OF ORDINANCE: Change Order #1 and Final for Res. 465-91, Brook 
Drive Storm Sewer Extension is necessary because (A) Line reduction due to 
dispute over easements; (B) Additional pavement work required. Bercot, 


Inc., is the contractor. 


EFFECT OF PASSAGE: To facilitate completion of project. 


EFFECT OF NON PASSAGE: „72 7 «/-27 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $835.00 Increase 


ASSIGNED TO COMMITTEE: 


